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TO THE LORDS COMMISSIONERS OF HER MAJESTY’S TREASURY. 

MAY IT PLEASE YOUR LORDSHIPS, 

A S Commoners fop Improving the Navigation of the River Shannon under 
-L -a. the Act 2 & 3 Viet. c. 61, we beg leave to submit this our Third Report. 

At the period of making our last Report (21st February 1841) we had nearly 
completed the payments, and settled the accounts with persons interested in pro- 
perty or rights proposed to be interfered with up to that time ; our present Report 
will consequently be chiefly confined to a statement of the progress that has been 
made m the several works, which- we are happy to say are proceeding in a satisfac- 
tory manner. 

Continuing the arrangement heretofore adopted, namely, of dividing the Shan- 
non into four portions, the Lower, the Limerick Navigation, the Middle, and the 
Upper ; we shall commence our review with, — 




No. l.— FROM THE SHANNON MOUTH TO THE CITY OF 
LIMERICK. 

The works that have been commenced in this division are the undermentioned: 

Kilrush pier ----- Extension of. 

Kilterry - -- -- -New Pier at. 

Kildysart Landing Quay at. 



Kilrush, County Clare. 

Owing to the exposed situation of this pier and the necessity for using the 
diving-bell for part of the work, its extension will be a difficult operation, and the 
arrangements preparatory to its commencement being on rather a large scale, the 
contractor has hitherto directed his chief attention to the preparation of stone at 
a quarry near Foynes in the county of Limerick, which produces materials of a 
superior quality and large dimensions; and in transporting them from the quarry 
to the present pier. 
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The contractor has also erected the necessary scaffolding, setting frames, and 
machinery for the diving-bell, cranes, and other apparatus; removed part of the 
present pier for the purpose of building the proposed extension, and erected a 
jetty or landing wharf at Foynes for shipping stone from the quarry to the works. 

Although but little of the masonry has been set, on account of the frequent 
storms that have been experienced during the winter, yet, as the contractor has. 
thus made all the necessary arrangements, there will be nothing to prevent 
him from carrying on the works in a vigorous manner during the ensuing 
season. 

The average number of persons, of all classes, employed daily upon this work, 
from its commencement on the 12th of July up to the 31st December 1841, was. 
32, affording an equivalent of 4,704 days’ employment. 



Kilteerv Pier, County Limerick. 

This pier was contracted for on the 1 8th May last, since which time the con- 
tractors have been busily employed in preparing stone at Foynes Quarry, exca- 
vating and setting the masonry in the foundations and walls of the north and south 
faces°of the pier, of which they have now finished about two-thirds ; and had it 
not been for the severity of the weather, the frequent gales, and the unprecedented 
rainy season, the work would by this time have been nearly completed. The 
works have been carried on with energy. The only remaining portion to be built 
is that which is most exposed to the sea, and the foundations of which can only 
be laid at low water of extraordinary spring-tides ; but there is every reason to 
expect that the entire will be completed early in the ensuing season. 

The average number of persons employed daily upon this work, from its com- 
mencement on 7th June up to the 31st of December 1841, was 61, being equiva- 
lent to 10,847 Jays’ work. 



Kildysart Pier, County Clare. 

The works of this pier were contracted for in May last, and in September 
following were commenced, by forming an embankment or causeway leading from 
the shore to a ledge of rocks occupying the site of the proposed pier. 

The embankment, formed of the materials excavated and procured from the 
strand, has been carried out to within 60 feet of its entire length, and its faces 
have been paved with rubble stone, in order to protect them from the wash 
of the sea. The contractors are now making preparations for building the pier, 
by laying down a railway, by the erection of setting frames, cranes, and other 
machinery. A considerable quantity of ashlar has been prepared at the Foynes 
Quarry ; but, owing to the difficulty of carrying on such works in winter, little 
progress has been made in building, beyond laying in the foundation course. 

The average number of persons employed daily upon this work, from its com- 
mencement on 1st September up to the 31st December 1841, was 29, being: 
equivalent to 3,067 days- work. 



No. 2. Division. — LIMERICK TQ K 1 LLALOE. 

Illaanaroon. 

The works executed at this place consisted of the removal of a large shoal! 
which greatly obstructed the current of the water, and, by backing it up in the 
river, impeded the motion and power of the mill-wheel at Plassey ; occasioned the 
inundation of large tracts of low meadow lands in the immediate neighbourhood, 
and also injured the banks of the river. 

In order to afford employment to the poor of the city and vicinity of Limerick, 
who were in great distress, we accelerated the commencement of this work, and in 
last May began to cut through this shoal a channel of 150 feet in width and 



Printed image digitised by the University of Southampton Library Digitisation Unit 




IMPROVING THE NAVIGATION OF THE SHANNON. 3 

four feet in depth, and continued to carry 011 the works until August, when we 
contracted for the removal of the remainder of the shoal, which was nearly com- 
pleted but the sudden and unexpected rise of tile river, owing to the unusual wet- 
ness of the season, put a stop to the further progress of the work until the ensuino- 
spring. 6 

The average number of persons employed daily upon this work, from its com- 
mencement on the 31st May up to the yth November 1841, was too being 
equivalent to 13,771 days’ work. ° 



Plassey Bridge. 

This work is considerably advanced ; the excavations for the abntments have 
-been completed, and all the bearing piles driven, together with the cappings fixed 
on them ready to receive the masonry; the filling in of the concrete between the 
piles has also been completed. 

All the main piles for supporting the girders, plates for the roadway, &c„ have 
been driven, and the timber and iron cappings fixed on them. 

The whole of the iron work, consisting of girders, fascia and roadway plates, 
&c., has been delivered on the works, ready to be fixed; consequently this bridee 
will be completed within a short time. ° 

The average number of persons employed daily upon this work, from its com 
mencement on the 3d May up to the 31st December 1841, was 12, being equiva- 
lent to 2,461 days’ work. 0 1 



Limeric k Navigation. 

On the lower portion of the navigation, beginning at Limerick Lock, the road 
running “ lo “g the south side of the basin has been repaired ; and along the canal, 
irom 1 ark Bridge to the Shannon, improvements have been made by lowering the 
towing path to the level of the lock coping, forming a suitable incline from Park 
trimmed ^ “° Wn l ° tb6 altered ievel of the trackway : the bank slopes have been 

That part of the trackway between Park Bridge and Arthur’s Ferry (the point 

,T , r the cana ' J°»ns the Shannon) has been drained and gravelled; from 
Aithui s Ferry to Plassey Mill several repairs have been made in the stone pitch- 
ing of the banks of the river ; the trackway has also been improved between 
€loon ara Bridge and Errina Lock. From Errina Lock to the Shannon, the 
back chains have been cleared ; and the trackways have been improved by opening 
bridges " Wat6r draIT1S ’ 3nd re P airin S the towing paths and accommodation 

From Errina to O’Brien’s Bridge, the accommodation bridges, towing paths, 
and retaining walls of the trackway have been repaired, as well as the wall and 
coping on the side of the river at O’Brien’s Bridge, and the accommodation bridges 
irom thence to Cussane Lock. b 

Considerable repairs are still required to place this navigation in an efficient 
and satisfactory state. 



No. 3. Division.— FROM KILLALOE TO TARMONBARRY. 

In this division important works have been carried on during the past year : viz. 
at Killaloe, Meelick, Banagher, Shannon Harbour, and Athlone. 



Killaloe. 

In Maich last the contractor commenced his preparations for deepening the 
shoal above and below the bridge, by forming a clay-dam down the centre of the 
river, from the lower end of the shoal to a point 250 yards above the bridge, 
71 * ^ 2 and 
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and by these means enclosing a space in the bed of the river of about six statute 
acres in area, which was laid completely dry. 

The removal of the shoal at this place was commenced towards the end of April, 
by excavating and conveying away in wheelbarrows a portion of the lower part ; 
and on the 24th June railways were laid down for the purpose of removing the 
excavated material in waggons, and depositing it in spoil. Double sets of men, 
each gang on an average amounting to 380, were employed during the summer 
months, working from 3 a.m. until lOp.M.j from 400 to 500 cube yards of 
material were removed daily. 

For the accommodation of the public during the removal of the four old arches 
of the bridge, and the erection of three new ones of larger dimension in place of 
them, a temporary wooden bridge was constructed on the up-stream side of the old 
bridge, on the completion of which, the old arches, abutments, and piers were re- 
moved ; the rock cut away for the foundation of the new piers ; the under-pinning 
and building of the footings were commenced on the 15th July, and the three new 
arches were keyed in on the 11th October last. 

On the 3d September a breach took place in the dam, in consequence of the water 
rising to a great height in the river ; but as the centering of the arches had been 
previously removed, and preparations had already been made by the contractor to 
open a passage for the water through the dam, no accident took place, nor was any 
injury sustained by the works. The parapets and roadway of the new portion of 
the bridge being nearly completed, the whole as improved was opened to the public 
on the 1st of December. 

These difficult operations have been carried on with great energy by the con- 
tractor, and have been executed in a satisfactory and workmanlike manner. 

The average number of persons employed daily upon this work, from its com- 
mencement on the 1st of March up to the 31st December 1841, was 170, bein°- 
equivalent to 48,214 days’ work. 



Meelick. 

The excavation for the proposed canal was commenced early in March, since 
which time the work has been carried on with vigour ; a great part of the canal, 
together with its banks and back and side drains, have been formed, and the point 
of land on Incherking Island, containing about 64,000 cube yards of excavation, 
composed principally of gravel, clay, and large boulder stones, has been removed ; 
about the centre of the canal, limestone rock of excellent quality has been found, 
which it is hoped will prove useful and suitable for building portions of the lock 
and weir, and also for the paving of the banks or upper slopes of the canal, of 
which about 2,661 superficial yards have been already completed. 

The piling of the regulating weir v/as commenced on the 15th April, and nearly 
300 feet has been completed ; the retaining wall also on the west or Keelogue side 
of the river, 204 feet in length, has also been completed. 

The average number of persons employed daily upon this work, from its com- 
mencement on the 1st of March up to the 31st December 1841, was 196, beino- 
equivalent to 55,55 9 days’ work. 



Banagher. 

The works at this place were commenced towards the dose of the year 1840, by 
erecting in convenient places commodious workshops for the different artificers 
and mechanics, during which time trial-pits were made in different directions 
through the surrounding neighbourhood, for the purpose of finding a quarry capable 
of producing stone suitable for the ashlar work of the bridge ; and after diligent 
search a quarry was discovered at Gurtagown, about three-quarters of a mile from 
the bridge, which, when worked for about two months, was found to produce 
sound argillaceous limestone of excellent quality, lying in nearly horizontal beds 
from three to four feet in thickness. By means of suitable cranes and machinery, 
blocks of stone of very large dimensions have been procured, which, after being 
dressed at the quarry, are transported to the works as required. A steam-engine 
has been erected to pump’the water out of the quarry, which serves also for raising 
the material up an inclined plane to the dressing floors. 

That 
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That part of the shoal which occupied the site of the proposed bridge, and which 
was composed of coarse gravel and clay, having been previously dredged to the 
required depth, on the 1st April a large coffer-dam, 116 feet long and 56 feet 
wide, was commenced on the east side of the river. 

During the erection of the coffer-dam a steam-engine of 12-horse power, toge- 
ther with the necessary pumping machines, mortar mills, & c., were fitted up, and 
on the 20th July the pumps were set in motion for the purpose of raising the 
water out of the dam ; and on the 30th, the excavation was completed to the 
required depth. The first stone was laid on the 21st August, and the setting of 
the several courses was carried on and completed on the 23d September to the 
level of the impost. 

During the erection of. the large pier a railway was constructed across the river, 
for the purpose of conveying the stone and other materials to the western abut- 
ment, the first stone of which was laid on the 24th of September, and the building 
was completed up to the impost course on the 3d of November. 

I he retaining walls of the approach to the bridge on the eastern or Banagher 
side of the river were commenced early in July, but only 70 feet in length have 
been completed, as it was found necessary to pile a portion of the foundation for 
these walls. 

Since the rise of the winter floods, the principal part of the works at this place 
have been suspended ; however, the stonecutters and quarrymen have .been 
employed pieparing stone at the quarry, and some labourers have been enlaced 
m driving piles to form the coffer-dam for the middle piers of the bridge. ° ° 

The average number of persons employed daily upon this work, from its com- 
mencement on the 1st of March up to the 31st December 1841, was 172, beino' 
equivalent to 48,530 days’ work. 0 



Shannon Harbour. 

The work at this place consisted of the erection of a bascule bridge, of 40 feet 
in span ; it was completed and opened to the public in November last. 

This operation was required for the greater accommodation of steam vessels and 
trade boats passing through the bridge. 



Athlone. 

In the month of May, the works for the new bridge and its approaches were 
contracted for, and two good quarries selected, which produce stone well adapted 
for the works. One of these quarries, called Cashel, is distant about in miles 
from Athlone, and is situated on the banks of Lough Ree, in the county of 
Longford ; it possesses many local as well as natural advantages, beinw within 
300 yards of the lough, and sufficiently elevated to allow of the quarrying opera- 
tions being earned to a sufficient depth without incurring the cost of pumping 
machinery. This quarry produces limestone of a superior quality and large 
scantling, which is conveyed by a tramroad to the edge of the lough, from wherne 
it is shipped for Athlone. “ 

The other quarry called Clerhaun, is situated about nine miles to the south of 
Athlone, on the left bank of the Shannon, in the King’s County ; it produces 
good stone, but of a different quality and harder than that at Cashel. In addition 
to these quarries, another has been opened nearer to Athlone, which will supply 
stone for the hammer-dressed work and rubble work of the bridge, and also for 
making lime. A considerable quantity of ashlars have been prepared at the quar- 
ries, some of which have been deposited on the service ground at Athlone, and 
part have been set in the eastern abutment of the bridge. 

Since May, the contractor has also been employed in erecting workshops for 
the carpenters, smiths, &c., taking down old houses on the approaches to the new 
ridge, erecting a steam-engine, with the necessary apparatus for pumping, laying 
down railways, and making other necessary preparations for commencing; the 
works as soon as the season will permit of his doing so with advantage. 

In the latter end 0/ June, the coffer-dam for enclosing the eastern abutment was 
commenced, and during its erection the excavation was carried on within it. After 
71 - a 3. the 



Printed image digitised by the University of Southampton Library Digitisation Unit 




6 



THIRD REPORT OF THE COMMISSIONERS FOR 



the dam was completed, in the latter end of September, the water having been 
pumped out and the excavation being completed to the required depth, the first 
stone of the abutment was laid on the 6th November, on a firm foundation of hard 
gravel, and the setting of the masonry was carried on until the early part of 
December, when the height of the floods in the river rendered it necessary to sus- 
pend that part of the works until the waters should subside. 

The piles for the coffer-dam of the western abutment are now being driven, and 
from the preparations which have been made for resuming the works, they can be 
carried on rapidly during the approaching season. 

Working plans and sections have been prepared for the lock, weir, and the 
removal of the shoal, which will be offered for the competition of contractors, and 
it is expected that the works will be commenced early in the spring. 

The average number of persons employed daily upon the works at Athlone, from 
its commencement on the ist of January up to the 31st December 1841, was 83, 
being equivalent to 26,207 days’ work. 



Lough Ree. 

In addition to the works at Athlone, we have been engaged in improving the 
facilities of trade from Lough Ree, by opening a navigable cut for trade-boats, 
from Mount Plunkett Bay, on that lough, up to Lecarrow Mills, in the county of 
Roscommon. Though still incomplete, immediate advantage has been taken of the 
improvement, and during the present season upwards of 260 tons of oatmeal and 
corn have been conveyed by it into Lough Ree, and thence by the Grand Canal 
to Dublin ; and small cargoes of miscellaneous goods from Dublin and Liverpool 
received in return ; and at present tug steam-boats call regularly twice a week at 
this station, for the purpose of towing trade-boats through Lough Ree, and to the 
Grand Canal at Shannon Harbour, &c. The termination of this cut at Lecarrow 
is about midway on the high road between the towns of Athlone and Roscommon, 
and it is probable that it will eventually become an important point of shipment for 
all kinds of agricultural produce from the central district of that county. 

The average number of persons employed daily upon this work, from its com- 
mencement on the 25th October up to the 31st December 1841, was nine, being 
equivalent to 546 days’ work. 



Nos. 4 and 5 Division's, — EXTENDING FROM TARMONBARRY 
TO LOUGH ALLEN. 

Some small repairs have been made to the fences bounding the property vested 
in us, and also to the locks and lock-houses, * which are in a tolerably good state ; 
but as the traffic on this part of the Shannon is at present inconsiderable, no expen- 
sive repairs will be necessary until the proposed improvements have been carried 
into effect. Between Rooskey and Lough Allen several shoals have been removed 
by the spoon and bag, as well as in the harbour at Carrick-on-Shannon, which has 
been cleared of the great accumulation of mud which had nearly rendered it use- 
less. This latter operation has proved very beneficial to the small boats attending 
the market at this improving town. 



Dredging. 

In addition to the works connected with the masonry of the bridges, locks, &c., 
in District No. 3, there is another important operation to be noticed ; namely, 
dredging. 

The two steam dredging vessels and barges alluded to in our first Report, page 2, 
have been built by contract. The former of wrought iron, 80 feet long, 19 feet 
breadth of beam, and nine feet six inches depth of hold, with condensing engines 
of 14-horse power each, and the necessary machinery for dredging. Eight hopper 
and two close-bottomed lighters have also been built of timber, to carry 50 tons 
each. The vessels contain cabins for the superintendent, master, and crew. 

The 
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The dredging was required for the purpose of removing several shoals which 
occur in the bed of the river, and which pond up the water between deep reaches 
on either side of them. 

These shoals consist chiefly of limestone, gravel and clay, with an intermixture 
of rounded boulders of various sizes, but unfortunately many are so laro-e as to 
weigh upwards of a ton; this latter circumstance was unexpected, and m conse- 
quence our dredging machinery, which is the strongest and most powerful hitherto 
constructed, has suffered materially, and the extent of shoal removed has been less 
than we had been led to expect. 



Leahinch Shoal. 

In regard to the excavations effected, we have to observe that the Victoria 
dredging vessel commenced work on this shoal on the 1st March, and beino- 
assisted by the Albert dredging vessel from the 3d to the 28th April, the shoal 
was completely removed on the 14th May. During the above period the vessels 
having worked 78 days, removed 14,020 cube yards of material, composed of very 
stiff clay, gravel, and large boulder stones ; which having been loaded into hopper 
barges, was removed from the shoal and dropped into deep water. The effect pro- 
duced by this operation has been to obtain a navigable depth of seven feet two 
inches at all seasons, where previously there was only an average depth of two feet 
three inches. As this was the first shoal which was removed by these dredo-ino- ves- 
sels, an opportunity has been afforded of trying their power and efficiency, especially 
as the material to be removed consisted of very hard gravel and lar<j-e stones some 
ot which, as before stated, were upwards of a ton weight; and although stones of 
this weight have been frequently taken up, great injury has been sustained by the 
buckets in consequence, of which some, composed of the best half-inch boiler plate 
iron doubled, have been literally torn into fragments ; yet notwithstanding this 
severe test the engines and vessels have worked well without the slightest failure ; 
but the repairs consequent upon the breakage of the buckets, links, tumblers and* 
rollers, have been very considerable, and consequently expensive; and the delays 
occasioned thereby have been great, as is shown by the average quantity of material 
removed daily being only about 150 cube yards, whereas each vessel is capable of 
removing on an average 700 cube yards of material, composed of gravel and clay 
of an ordinary description. 



Garrymoke Shoal. 

The Albert dredger commenced to remove this shoal on the 27th May, and the 
Victoria on the 8th of the same month, from which they were both removed to 
Bishop’s Island shoal on the 22d November. The Albert having worked on this 
shoal only 119 days out of 156, and the Victoria 88 out of 120^ which circum- 
stance was caused by the frequent breakage of buckets by large boulder stones. 
During the above period 40,436 cube yards were dredged by the two vessels,' 
leaving about 20,000 cube yards still to be removed ; but it will be observed, that 
in consequence ofthe damage done to the buckets, links, &c., the vessels worked 
only three-fourths of the whole time. 

In the Appendix, Schedule (H.), will be found the number of men employed, 
the number of days on which work was done, and the quantity of material removed 
daily by each dredger. 

As the other shoals in the River Shannon are presumed to be composed of the 
same material as that found at Leahinch and Garrymore, and as there were no 
other causes of delay during the last six months but those which may in future be 
expected, namely, stormy weather and breakage of machinery, we consider that 
on an average 150 cube yards per day of all the working days in each year, is as 
much as each vessel will be able to perform, which would amount to about 47,000 
cube yards for each vessel yearly; so that from, the above calculation it would ’lake 
several years to remove all the shoals as far as Athlone. Having been disappointed 
in the quantity of work to be performed by the dredging vessels, our attention is at 
this moment engaged in preparing plans by which the operation of removing shoals 
may be expedited by ordinary excavation, so as to keep pace with the progress of 
the works at the stations above and below them. 

7 *- a 4 
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Buoys and Beacons. 

By the assistance of the Admiralty charts of Lough Derg and Lough Ree, we 
have been enabled to mark the sailing course on Lough Derg from Killaloe to Por- 
tumna, by buoys, and have erected during the summer season stone beacons to 
mark the rocks and shoals which are to be found in many parts of the lake ; and 
we have directed the same to be performed on Lough Ree. 



Boundary Survey. 

The 39th and 40th sections of the Act 2 & 3 Viet. c. 61, direct that the Com- 
missioners shall fix and determine the limits of the River Shannon within which 
all the powers and authorities given to the Commissioners for the cure and con- 
servancy of the river shall and may be exercised, and that a printed notice giving a 
description of the limits, with a map and plan thereof, should be posted at each 
toll-house on or near the River Shannon, and at such other places as the Commis- 
sioners should deem expedient. 

We directed, therefore, Messrs. Donnelly and Harding to execute this service, 
and have now to report to your Lordships the completion of this important duty. 

Their survey is laid down upon and comprises 45 maps, commencing at Lime- 
rick, terminating at the head of Lough Allen, and also within one mile of the 
town of Boyle above Lough Key, with the necessary detailed plans of the several 
weirs, dams, and watercourses, which at the period of the perambulation existed : 
the extent of river course exhibited in each map will be seen on referring to the 
table in the Appendix, Schedule (F.) The description of the boundary is contained 
in one manuscript volume, having references to the various maps. These are now 
lodged in care of our Secretary, and easy reference can be made to them if required 
to be produced as evidence. 



Rents and Tolls. 

The rates of toll and wharfage remain the same as detailed by us in our Second 
Report. Schedule (A.) in the Appendix shows the receipts during the past year, 
from an inspection of which, the amount of business transacted at each station can 
be easily ascertained : it will be seen that the receipts are nearly the same as during 
the previous year ; a small deduction, however, should fairly be made for traffic 
created by the works in operation. 

Previous to the transfer of the Shannon Navigation to our superintendence, the 
tolls were collected at Limerick for the business transacted on the Limerick Navi- 
gation ; and at Shannon Harbour for the Middle Shannon. This might have been 
a very good arrangement as regarded the two companies in whom those portions 
of the river were vested ; but as it was desirable that we should know the amount 
of trade carried on at each particular station, we directed that the tolls and wharf- 
age should be collected at the places where the vessels took in or discharged their 
cargoes. This will account for the great difference which appears in the return of 
the receipts at some of the stations, as compared with the amount collected at the 
same stations during the previous year. 

The system laid down by us appears to work satisfactorily ; at least such may be 
inferred from the circumstance that no complaints have been received by us on 
the subject, from traders or other persons employed on the navigation. 



Bye-Laws. 

The bye-laws having received the approval of two of Her Majesty’s Judges, will 
be posted up at the different stations, as directed by the 56th section of the Act 
2 & 3 Viet. c. 61, and acted upon without further delay. 
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It is saRsfactory for u s to state, that with the exception of two or three attempts 

worts Zr e °i 6 ™ ech3 . n,cs > I^ourers, See. employed on the several 

oik,, have conducted themselves in a very orderly manner, and have willingly 
applied themselves to the use of the improved tools and machinery introduced'by 
the contractors, and which cannot fail hereafter to prove highly advantageous to 
the individuals themselves, as well as to the community at llrZ. Wo have also 
een pa, tially successful in introducing piece-work; and it is to be hoped, from 
wdl] k Z" n a i ,a ”“8?’ 8 ained b Jl>? P"*» who undertook it, that the system 
ou ’the 0,fti2 e n7 SUraS favourabl y received, and extend itself through- 

out the entire of our works. The contractors, in some instances, have had to 
contend against combination ; but, by tirmness and conciliation on their part the 
works were resumed to the satisfaction of the men. 

We forward herewith, in compliance with the 1 8th section of the Act, accounts 
showing the amount of all sums received and expended by us durinw the vear 
ending 31st December 1841, under the following heads of account : 0 7 

No. 1. Office Establishment. 

No. 2. Law and Valuation. 



No. 3. Works. 

No. 4. Repayments by Counties, 

No. 5. Advances as loans to Counties, showing balances due by them. 
No. 6. Rents and Tolls. 



No. 7. Upper Shannon Navigation. 
No. 8. General .Abstract. 



We have, &c. 



(signed) J. F. BURGOYNE, 1 

HARRY D. JONES, l Commissioners. 

Shannon Commission Office, J RICHARD GRIFFITH, J 

Custom-House, Dublin, > 

25 February 1842. J 

J3, Hornsby, Secretary. 



Note. I or details of the number of men employed and the quantities of 
materials delivered on the several works, see Appendix, Schedules (G.) and (I.) 
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APPENDIX. 



— No. l.— 

ACCOUNT of the several Sums Received and Expended by the Shannon Commissioners 
between 1st January and 31st December 1841. 



ESTABLISHMENT. 

Receipt : 

To Balance of Account for year 1840 - 

To amount lodged to the credit of the Commissioners in the 
Bank of Ireland by the Paymaster of Civil Services 



Total - - - 



Expenditure : 



By establishment --------- 

By occasional clerks - 
By travelling expenses 
By postage - 

By contingencies, including books, maps, coals, &c. - » 

Amount paid executors of V. Bennett, being pound- £. s. d. 

age on the sum of 3,481 /. gs. 3 d. - - - 87 - 9 

Petitioners’ costs incurred in the investment of the 
money 37 15 5 

Total - - - - 



3,462 9 




J. F. Mason, Accountant. 



— No. 2. — 

ACCOUNT of the several Sums Received and Expended by the Shannon Commissioners 
between 1st January and 31st December 1841. 



LAW AND VALUATION EXPENSES. 



Receipt : 

To amount lodged to the credit of the Commissioners in the 
Bank of Ireland by the Paymaster of Civil Services, on 
2d January 1841 -------- 

To amount of ditto, on 19th February 1841 - 

Total - - - 



Expenditure : 

By expenses of Commissioners holding Courts of Award - 
By engineers, &c. - - - - - . — 

By notaries public and valuators ------ 

By advertising -------- 

By miscellaneous ------- -- 

By part payment to Messrs. Barrington, Soil & Co. of their bill 
for law costs - -- -- -- -- 



£. s. d. 



363 



333 



285 

229 

4 



8 

6 



8 

6 

3 



fi,ooo - - 



7,214 17 



6 



7,214 17 



6 



J. F. Mason, Accountant. 
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ACCOUNT of the several Sums Received and Expended by the Shannon Commissioners betwec 
and 31st December 1841. 



To Balance of Account ending 31st December 1840 
To produce of Exchequer Bills issued by the Treasury - 
To amount paid by Contractor for rent of office at Athlone 
To amount received from Contractor on account of Stores 
To amount refunded by David Hartley (Dredging Master), 
being an overpayment made to him - 



£. s. d. 

1 D 995 13 4 f 
52,049 5 - 



No. of Work in 
tbeorderin which 
they stand in the 
4 th Report of the 
Commissioners of 
Inquiry, pages 11 - 



NAMES OF WORKS. 



By Kilrush Pier 

Querrin Creek - 

Ballylongford ------- 

Foynes - -- -- -- -- 

Kilteery --------- 

Cahircon (Kildysart) ------- 

Arthur's Feiry, lllanaroon ------ 

River Shannon at Plassey - 

Castleconnell -------- 

O’Brien’s Bridge -------- 

Killaloe --------- 

Lough Derg -------- 

Derry Island - - - - - 

Meelick - • 

Shannon Grove -------- 

Banagher --------- 

Shannon Harbour (Bridge) ------ 

Leahinch --------- 

Derryholmes ------- 

Bishop’s Island - -- -- - - - 

Garrymore --------- 

Shannon Bridge (Improvements) - 
Ballvnatave - - - - - - - 

Tullymore Ford 

Rann Island - -- - ----- 

Athlone --------- 

Laneshorough ------ 

Kilnacarrow 

Lodge Cut --------- 

Cioondrah Canal -------- 

Tarmonbarry - -- -- -- - 

Bird Island - - - - - - 

Rooskey - -- -- -- -- 

Jamestown - - - -/- 

Carrick-on-Shannon ------- 

Port - -- -- -- -- - 

Leitrim - 

Battle Bridge - - - - 

Lough Allen Canal - - - 

Bealantra and River Course ------ 

Arigna River - -- -- -- - 

Lough Allen - -- -- -- - 

Two Dredging Vessels, Barges, &c. - 

Workshops, Machinery, &c. - - _ _ _j 

For improving the tributaries between Killaloe and Tar- 
raonb.trry. 

Annaleckey - - 

Cloonacnrrow - -- -- -- - 

Cootchall - -- -- -- -- 

Knockvicar --------- 

Total - - - £. 



Amounts Expended. 


£. 


s. 


(I. 


881 


3 


9 4 


45 


9 


r.i 


7 


8 


b 


152 


11 


u 


1 , 49 ° 


12 


1 h 


405 


12 


"Ik 


1,588 14 


10 j 


1,162 


13 


2£ 


2 


5 


3 


82 


9 




8,640 


3 


1 4 


33 


9 


- 


17 


14 


1 V 


9^97 


3 


J1 \ 


5 


9 


5 


13,841 


2 


3 


1,3-26 


12 


4 


42G 


7 


6 


289 


2 


11 i 


26 


6 


- 


1,256 


18 


S 


112 


1 


1 1 


38 


6 


7 


_ 


5 


_ 


8,388 


9 


5 ^ 


21 


- 


-4 


- 


13 




1 


lb 


9 


1 


8 


b 


125 


15 


3 k 


| 453 


17 


3 


37 


1.3 


4 


5 


17 


- 


38 


6 


ii 


4 


14 


10 4 


1 


5 


- 


2 


'9 


5 


4 


1 1 


1 


- 


15 


- 


} 3,68o 


12 


3 h 


98 


17 


2 


- 


16 


7 


20 


6 


10 


>5 


4 


6 



Balance - - - £. 



J. F. Mason, Accountant. 
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— No. 4. — 

Copy of RETURN furnished by the Paymaster of Civil Services of the several Sums remitted to him during the Year 
ending 31st December 1841, by the Treasurers of the undermentioned Counties, being in Repayment of Advances 
made by the Commissioners for the Improvement of the River Shannon, pursuant to the Act 2 & 3 Viet., c. 61, and on 
account of Interest, at the rate of Four per Cent, per Annum, accruing on said Advances. 





J Particulars of each Payment. 


T 0 T A L S. 




Principal. 


Interest. 


Principal. 


Interest. 


Principal 
and Interest. 


County of Clare : 

Paid 3 March 1841 
- 28 July — - - 


£. S. d. 

285 8 8 
334 3 5 i 


£. s. d. 

5 3 3 1 
54 13 -ij 


£. 6 
619 1 


. d. 

2 1} 


£. s. d. 

59 16 3 | 


£ *. d. 

679 8 5 


County of Galway : 

Paid 23 March 1841 
- 9 August — - 


615 8 - 
759 16 i 


2.37 4 "] 
103 4 4 J 


L375 


4 1 


340 9 3 


1,715 13 4 


King’s County : 

Paid 20 March 1841 
- 18 August — - 


171 - 5 
583 4 1 


3 1 7 1 
43 n 3 j 


754 


4 6 


46 12 10 


800 1 7 4 


County of Limerick : 

Paid 19 March 1841 
- 9 August — - 


157 16 3 
387 9 5 


72 1 u 1 
28 li 4 / 


545 


5 8 


100 13 3 


645 18 11 


County of the City of Limerick : 
Paid 24 March 1841 
- 18 August — - 


105 4 2 
153 3 3 


22 16 4 ) 
2 15 8 J 


258 


6 5 


25 12 - 


283 18 5 


County of Longford : 

Paid 9 March 1841 
- 24 July — - - 


99 9 5 
127 3 10 


18 9 7 1 

19 3 4 J 


226 


13 3 


37 12 11 


264 6 -2 


County of Mayo : 

Paid 26 March 1841 
- 17 August — 


98 9 4 
108 3 5 


38 5 2 ) 

14 9 7 / 


206 : 


12 9 


52 14 9 


2 59 7 6 


County of Roscommon : 
Paid 1 March 1841 
- 13 July — 


558 n 3 
f>94 3 9 


10 2 4 ) 
12 10 8 J 


1,252 : 


15 - 


22 13 - 


1,275 8 - 


County of Sligo : 

Paid 30 July 1841 - 


263 18 


1 9 4|- 


263 18 


14 19 4 |- 


278 17 5 


County of Tipperary (South Riding): 
Paid 23 March 1841 
- 14 August — - 


94 6 - 
399 9 7 l 


’ 13 7] 
2G 18 3f / 


493 i 


>5 71 


28 11 10 | 


522 7 6 


County of Tipperary (N orth Riding) : 
Paid 14 August 1841 


276 15 11 


46 1 8 2 


276 1 


5 n 


46 l8 2 


323 14 1 


County of Westmeath : 

Paid 18 March 1841 - ' 

- 25 August — 


424 8 1 
529 17 3 


111 7 6 ) 
76 17 3 J 


954 


5 4 


188 4 9 


1,142 10 1 


County of Leitrim : 

Paid 30 March 1841 
- 25 August — - 


'44 > 3 
183 9 2 


33 15 8 ) 
47 15 8 J 


327 1 


0 5 . 


Sill 4 


409 1 9 






£. 


7-554 1 


9 -i 


1,046 g io{ 


8,601 3 11 


I certify that the foregoing is a correct Return of all monies remitted to me 
1841, in repayment of advances made by the Commissioners for the improvement 
of interest accruing upon said advances, at the rate of four per cent, per annum, 


in the year ending the 31st December 
; ot the River Shannon, and on account 
pursuant to the Act 2 & 3 Viet. c. 61, 


On account of Principal 
On account of Interest - 


- 


- £. 
' 


7.554 

1,046 


19 

9 10J 








Total - - 




8,601 


S u 





Paymaster of Civil Services Office,! 

Dublin Castle, i January 1842. J T. F. Kennedy. 
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No. 5. — 

RETURN showing the Total Amount of Advances as Loans made by The Shannon Com- 
missioners to the undermentioned Counties, up to the 31st December 1841, including Interest 
thereon at the Rate of £. 4 per Cent, per Annum, from the Dates of the respective Advances, 
until the entire shall be Paid off by Twelve equal successive Half-yearly Instalments ; also 
the Amounts Received by the Paymaster of Civil Services from the Treasurers of Counties in 
Repayment of said Loans ; and the Amount still Outstanding and Due on foot of same. 



NAMES OF COUNTIES. 


1 Total Advances : 

in the Years 1840 and 
1 S41, including Interest, 
at the Rate of £. 4 
per Cent, per Annum, 
until the entire shall be 
Paid off by Twelve 

Half-yearly Instalments. 


Repayments by 
Counties 

on Account of Loans, 
as per Return 
No. 4. 


Amounts 
still Outstanding 
and Repayable by 
Instalments. 




£. 


5. 


d. 


£. 


5. 


d. 


£. 


7 


d. 


Limerick ------ 


3,365 


- 


-i 


645 


18 


11 


2,719 


1 


1 £ 


Ditto, County of the City - - - 


2,269 


13 


-i 


283 


18 


5 


1,985 


14 


71 


Clare - - - - - - : 


7,024 


2 


7 1 1 


673 


8 


5 


6,344 


14 


z t 


Tipperary (North Riding) - 


7,138 


l8 


6:1 


323 


14 


1 


6,815 


4 


Ri 


Ditto - (South Riding) - - - 


3,200 


16 


6 


522 


7 




2,678 


9 




Galway ------ 


20,614 


12 


4 1 


1,715 


13 


4 


18,898 


19 


-i 


Roscommon - 


12,569 


5 


9 


1,275 




- 


11,293 


17 




King’s County ----- 


7,475 


18 


10 


800 


17 


4 


6,675 


1 


6 


Westmeath - 


lO.oSq 


2 


9 


1,142 


10 


1 




12 


8 


Longford ------ 


2,153 


6 


3 1 


264 


6 


2 


1,889 


- 


if 


Leitrim ------ 


2,817 


4 


2 £ 


409 


l 


9 


2,408 


2 




Mayo ------ 


1,898 


5 


1 k 


259 


7 


b 


1,638 


17 


7 k 


Sligo ------ 


2 97 


17 


9 ? 


278 


17 


5 


19 


- 


4 i 


Totals - - - £. 


80,914 


3 


9 £ 


8,601 


8 


11 


72,312 


14 


10 £ 



* Under the provisions of the Act 2 & 3 Viet. c. 61, s. 13, the advances to counties are to be 
repaid by twelve half-yearly instalments, and the amounts in the third column' are in the course 
of collection under this regulation. 

The Paymaster of Civil Services, who has been appointed by the Lords of the Treasury to receive 
from the grand juries the sums advanced by the Shannon Commissioners, does not report that any 
repayments are now due. 

J. F. Mason, Accountant. 



— No. 6. 

ACCOUNT of the several Sums Received and Expended by the Shannon Commissioners 
between 1st January and 31st December 1841. 



RENTS AND TOLLS. 

Receipt : 

To Balance of Account ending 31st December 1840 - 
To Rents : 

Mills, Lands, and other Holdings - 

Fishing of Weirs ------- 

W ater Power ------- 

Produce of Sales - - - - 

Fines - -- - - -- -- - 



£. s. d. 
867 13 5 
305 16 8 
96 18 2 

171 19 10 



£. s. 
61 3 



Received from the Directors of the City of Dublin Steam Packet Company, in 
consideration of a portion of the Money advanced by the Board of Works to 
the Limerick and Killaloe Navigation Company, and expended partly upon the 
Graving Dock at Killaloe, the property of said Dublin Steam Packet Company 

I £. s. d. 



Tolls - 
Wharfage 
Quayage 
Cranage 



1,701 13 11 
154 17 5 
45 3 - 
3 15 3 



L444 8 



Total Receipt 



1,905 9 

- £. 4,411 1 



d. 

7 



7 



3 
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Expenditure : 



By Salaries and Allowances: 



Engineers, Survej'ors and Inspectors - - - - — 

Clerks - - - -- -- -- - 

Collectors - ■ - 

Lock-keepers - . - 

Water-bailiffs --------- 

Payments on account of Loans made by the Board of Works to 
the late Limerick Navigation Company: 



427 6 
230 17 
446 13 
2 66 c 
192 11 



Interest due up to 31st December 1841 
Two Instalments of Principal 



1,355 11 10 
385 8 4 



i»74i 



d. 



2 I 



Rents 

Taxes - - - 

Compensation 
Repairs and Maintenance 
Miscellaneous 



24 

4 



16 11 



4,353 



5 8 
11 10 

4 9 k 







£. 5. 


d. 


Total Receipts - - - - 


- - 


4,411 1 


3 


Total Expenditure - - - 


- - 


4.353 4 


9 h 


Balance - - 


- £. 


57 16 


5 a 



J. F. Mason, Accountant. 



— No. 7 . — 



ACCOUNT of Monies Transferred to the Shannon Commissioners by the Commissioners of 
Public Works, between 1st January and 31st December 1841, out of Sums voted by Parliament 
for the purpose of the Upper Shannon. Navigation. 



Receipt ; 


£. s. d. 


£. s. d. 


To Balance of Account ending 31st December 1840 


357 - 11 




To Amount lodged to the Shannon Commissioners’ Account, in 


80 - - 




the Bank of Ireland, on the 21st of January 1841 


437 - 11 


Expenditure : 
By Salaries and Allowances : 






Inspectors and Toll-collectors ------ 


87 17 11 




Lock-keepers --------- 


46 19 9 




Watchmen • - 


2 13 9 




By Repairs and Maintenance - - 


293 19 9 


431 11 2 


Balance - - - £. 


5 9 9 



J. F. Mason, Accountant. 



71. 



B 4 
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— No. 8.— 

GENERAL ABS1RACT, showing the Total Receipt and Expenditure on each of the fore- 
going Accounts, and the Balances to the Credit of the Public on foot of same, on the 31st of 
December 1841. 



No. 1 . — Establishment. 







£. s. d. 




£. 


s. 


d. 


To Receipt - 


- 


3,462 9 11 £ 


By Expenditure ... 


2,940 


5 


8 i 








By Balance ... 


522 


4 


3 




£. 


3,462 9 ii| 


£ - 


j 3,462 


9 


"1 




No. : 


2. — Law and Valuation Expenses. 












£. s. d. 




1 £ - 


, 


d. 


To Receipt - 




7,214 17 6 


J By Expenditure - - - j 


1 7,214 


17 


6 






No. 3.— 


Works. 












£■ s. d. 




£. 


s. 


d. 


'1 0 Receipt - 


- - 


64,701 18 gg 


By Expenditure ... 


54,642 


8 










By Balance ... 


10,0.79 


10 


3 « 




£ T 


64,701 18 gj 


£ 


64,701 : 


18 


93 



No. 4 — Repayments by Counties. 
j £. s . d . I 

To Receipt ... _ 3,601 8 11 



No. 5 . — Advances as Loans to Counties. 

I I £. s. d. 

I By Advances - - . 72,312 14 10$ 



No. 6 . — Rents and Tolls. 





£. s. d . | 






To Receipt - 


4,4n 1 3 


By Expenditure ... 


4,353 4 Oi 






By Balance ... 


57 16 5 h 


£. 


4,41 1 1 3 


£. 


4,4H 1 3 


No. 


7. — Upper Shannon Navigation. 






£. s. d . 




£. s. d. 


To Receipt - 


437 - 11 


By Expenditure - 


431 n 2 






By Balance - 


5 9 9 


£. j 


437 - 1 1 


£. 


437 - n 



J. F. Mason, Accountant. 
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SCHEDULE (A.) 



Comparative Table, showing the Tolls and Wharfage received during the Years 1840 and 1841. 









TOLLS. 




















TOTAL 




STATIONS. 




























AND 


W H A R F A 


. G E. 




\ 1840. 


1 1841. 


1840. 


1841. 


1840. 


I 1841. 




£. 


*. 


d. 


£ 




d. 


£. 


jfe 


d. 


£. 


s. 


d. 


£. s. 


d. 


£. s. 


d. 


Limerick 


822 


8 


10J 


674 


15 


92 


20 


2 


8 


23 


- 


■■I 


842 11 


6 2 


697 16 


9 


Annaghbeg - 


5 


11 


4 2 




- 


U 


4 


18 


3 


8 


15 


11 


10 9^ 


7 2 


19 16 


-2 


Errina - 


1 


9 


92 


3 


11 


45 ; 


1 


4 


62 


* 


2 


92 


2 14 


4 


4 14 


if 


O'Brien’s Bridge - 


16 


9 


7 


20, 


6 


9 f 


7 


4 


2 


ii 


15 


6J 


23 13 


9 


32 2 


42 


Cussane 


1 


6 


9 


1 


12 


82 


- 


■ 


8 


- 


* 


8 


1 8 


5 


1 15 


4 i 


Killaloe 


134 


6 


-2 


308 


10 


52 


29 


7 


2 2 


46 


8 


11 i i 


163 13 


3 


354 19 


52 


Portumna 


169 


12 


6 


198 


3 


92 


11 


7 


9 


14 


17 


2 i 


181 - 


3 


213 - 


112 


Hamilton Lock 


3 


3 


92 


3 


19 


8 f 


- 


- 


- 


- 


7 


42 


3 3 


92 


4 7 


li 


Banagher 


289 


- 


~2 | 


103 


6 


10 2 


3 


13 




9 


2 


1 


292 13 


82 


112 8 


Hi 


Shannon Harbour - 


5 


1 


5 


192 


11 


11 2 


- 


- 


- 


- 


- 


4i 


5 1 


5 


192 12 


4 


Shannon Bridge 


72 


8 


9 h 


6 


11 


3 i 


3 


7 


3 2 


2 


9 


72 


75 16 


1 


9 - 


11 


Athlone 


108 


10 


2 2 


115 


4 


52 


34 


9 1 


LI 2 


7 


11 


7 2 


143 - 


2 


122 16 


! 


Lanesborough 


12 


7 


9 2 : 


13 


10 


3 2 


4 


18 1 


■1 


8 


3 


3 


17 6 


«i 


21 13 


6 2 


Cloondragh - 


19 


5 


9 


17 


4 


8 


- 


2 


2 \ 


- 


8 


2 


19 7 


11 £ 


17 12 


10 


Rooskey 


8 


3 


8 S 


4 


7 


5 k 


3 


- 


54 


■ 


4 


9 


11 4 


2 2 


5 12 


2£ 


Drumsna 


7 


16 


i£ 


6 


16 


22 


1 


16 


-2 


1 


16 


2 2 


9 12 


if 


8 12 


42 


Jamestown 


3 


li 


3 2 


1 


3 


2 


- 


10 


-2 


- 


8 


6J 


4 1 


4 


1 11 


Si 


Carrick-on-Shannon 


H 


8 


2 i 


13 


14 


J 


17 


4 5 


iif 


6 


6 


7"2 


31 13 


2 2 


30 - 


Si 


Battle Bridge - 


l 


» 


4 


- 


13 


10 £ 


■ 


10 


72 


- 


13 


2 


2 12 


11 2 


1 7 


-2 


Drumleague - 


7 ’5 


9 2 


4 


8 


9 


- 


8 


8 


- 


■ 


8 


8 4 


5 2 


4 10 


5 


Totals - £. 


U704 


- 


■ i 


1,701 


13 


10 £ 


145 


9 


ii 


154 


17 


5 


1,849 9 


22 


1,856 11 


si 




Kilrush (for nine months from 1st April to 31st December 1841) 


rQuayage 


- 


45 3 


- 




























LCranage 




3 15 


3 



ABSTRACT 1841 : 

Limerick to Drumleague - - - - - 1 ,856 1 1 3 £ 

Kilrush, quayage and cranage - - 48 183 

£. 1,905 9 • 6 £ 

The difference which appears in the amount of tolls received at the several stations during the year 1840 as compared 
with those of the year 1841, is owing to the system of collection having been altered during the latter year ; in 1840 the 
collection of tolls on large cargoes was made at a few of the principal stations, but in 1841 it was more generally spread 
over the navigation, which was deemed requisite in consequence of the constant taking in and putting out of goods at 
intermediate stations. 

J. F. Mason. Accountant. 
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SCHEDULE (B.) 

RETURN showing the Tonnage of the Imports and Exports at the Principal Stations on the River Shannon, from 1st January to 31st December 1841 



STATIONS. 













S 


l 
























ARTICLES. 




4> 




5 


; — 






& 










| 












23 


1 


q 


fi - ! 


i 


1° 


n 


f 


l 


Jr 


a 


| 


2 


I 






3 


o 


M 


J2 s 


>3 B 


q 


05 


55 


< 


q 


05 


Q 


O 


E-i 






LANDED ; 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 


Tons. 






' Slates - 
Tiles and Bricks 


2,463-4 

132 


14$ 


68$ 

39 


A 1 : 


104$ 

260 


452$ 

90 


24‘ 


627? 

76$ 


! 122$ 


: 


13 


6 


3,883$ 


3,999$ 




Coal - - - 


304 




549$ 


303$ 


5$ 


195$ 


306$ 


lj 


483$ 






_ 




2,839$ 


4,462$ 

754$ 




Iron not made into articles | 

of merchandise. 




2$ 






1 


60$ 


258$ 


14 


118$ 


84$ 


4 


20$ 


60$ 


983 


S % 


Timber of all kinds - 


169$ 


7-$ 


343 


120$ 


4J 


249 


1,035 


6$ 


692$ 


9K93 




20 




2,980 


2,391$ 

450$ 

21$ 

325$ 

58$ 


is 


Hay and Straw 
Ores and Minerals - 








~ 


IS 


76 


66$ 


714 


H$ 


40$ 


27$ 


$ 


29 


558 


|| 


Salt .... 

Marble, foreign or manu- 
factured. 


3J 

6J 


: 


4$ 

67$ 


22$ 


: 


85$ 

i 


35$ 


$ 


2634 

2 


- 








415$ 

764 




Manure - 


46 


297 


42 


21 


- 


495 


603$ 


204 




232 


334 


2 


_ 




970$ 

2$ 

4554 

091$ 


— 


Lime for building - 






13$ 




100$ 




132$ 


- 








_ 


_ 






Building-stone and Flags - 


223$ 


157| 


578 


327$- 


- 


4 


11$ 


- 




1 


17 


_ 


_ 




— m 


Sand and Gravel 






116 




- 




- 




_ 


4 


133$ 


719$ 


1,051 








- 


5,551$ 




838$ 


1,202 


528$ 


357 


2444 


339$ 


3624 




1,220! 


12,270$ 














64$ | 


14 


26$ 


2 


















Flour, Meal, Malt, and 
Starch. 


3,079$ 


4$ 


IS 


i 


15$j 


8$ 


54 


s 


110$ 






- 


34 


3,252$ 


2,729| 




Butter - 


1 






_ 




















3$ 






Black Cattle and Horses - 


1 


h 


2$ 


- 


$ 






_ 










_ 




U$ 

19$ 


j; 


Sheep - 


6$ 




$ 


- 


4$ 




3 


_ 




_ 


_ 


_ 








Pigs - 






i 


- 


41 $ 






$ 




_ 




_ 








Salted Provisions 






9 


18 




250$ 

4 


54$ 














5974 

428 




» ( 


Potatoes and other Vege- 


15$ 


4 




~ 


21 


4 


- 


190 


14$ 


14$ 


3 


1864 


1114 


3 , 


Groceries 

Wine and Spirits - - \ 


247 

147$ 


: 


1 

4 


U- 


102$ 

42 


78$ 

18$ 




: 


: 


- 


1 


: 


64 


4364 


485$ 




Porter, Beer, and Ale - 1 


503 


i 






68$ 




















248$ 

4,739$ 




Bale-goods, Hardware, and 
General Merchandise. ! 


2,118$ 




213$ 


15$ 


349$ 


370 


190$ 


16$ 


1,230$ 


121$ 


1 


1304 


56 


4,820$ 




Tobacco - - - 


192 


- 


- 


- 


_ 


20$ 


_ 


_ 


_ 


_ 


_ 




_ 








Military Baggage - 


59 


- 


- 


- 


$- 


3$ 


3 


$ 


19$ 


_ 


_ 


_ 


_ 








Machinery 


“ 


- 








- 


182 


74 


34 


- 


- 


- 


7 


335 






Totals - - - 


12,592$ 


2,111$ 


7,954$ 


983 


1,646$ 


3,542$ 


3,986$ 


5184 


5,014$ 


1,736 


5024 


347$ 


2,469$ 


43,405$ 


40,882 






































LOADED : 


































Slates - - - 


1 


- 


17$ 


2,500$ 


1,943$ 


1 






















Tiles and Bricks 


223$ 




H 


- 


- 


- 






1274 


_ 


_ 












Coal - 






23 


6 


20 




26 


















C S 


Iron not made into articles 


462 


i 


112$ 




$ 


1 


22$ 


_ 




_ 




_ 




599 


302$ 




of merchandise. 




























Timber of all kinds - 


1,503$ 


16$ 


63$ 


47$ 


14$ 


26$ 


101$ 




87$ 


1 


6$ 


_ 


94 


1,878$ 


3,223$ 


















13$ 




















Ores and Minerals - 


8$ 




626$ 


- 














_ 








928$ 






148$ 
































Marble, foreign or manu- 


52$ 




32$ 




- 


_ 


_ 


















•§ -g 


factured. 


































Manure - 


1,404 


131 


116$ 


100 


- 


_ 


_ 
















1,626 


2 _ 


Lime for building - 


4 








- 


96$ 


_ 


















Building-stone and Flags - 


938$ 




82$ 


48 
























Sand and Gravel 


19 


161 


495 


116 


_ 
























. Turf --- - 


- 


2,052 


134$ 


2.612 


- 


4 


2 


34 




_ 


1 








1,021$ 




Grain - 


1,599 


323$ 


1,0404; 


348 


98 




130 


74 














7,287 




Flour, Meal, Malt, and 
Si arch. 


1,562$ 


2,393$ 


8$; 


51 


746$ 


118$ 


379$ 


1 


2,031 


334 




- 


2$ 


7,327$ 


4,249$ 




Butter - 


128$ 


- 




1 




_ 






















Black Cattle and Horses - 


82$ 


- 


26 


- 


- $ 


1 








_ 




_ 






73$ 


£ 


Sheep - 


81$ 


- 


42$' 


- 


74 


16 








_ 


_ 


_ 


_ 


1474 


68$ 


-° 






- 




- 




6$ 










_ 








139 




Salted Provisions 


566$ 










28 


















346$ 


« . 


Potatoes and other Vege- 
tables. 


10 


1 


1 


8$ 


i 


44 


54 


7$ 


30$ 


2214 


$ 


264 


9$ 


326 


217 


~ 


Groceries - 


i 

11$ 


_ 


$ 


- 


_ 




















2$ 

1 


■a 


Wine and Spirits 


- 




- 


- 


_ 


_ 




_ 


_ 








114 


01 


Porter, Beer, Ale - 


3$ 


- 




- 


5$ 






















Bale-goods, Hardware, and 


1,333$ 


3 


91$ 


2$ 


72$- 


115 


36$ 


4$ 


468 


81$ 


4 


25$ 


7$ 


2,2414 


3,117$ 




Tobacco 





































Military Baggage - 


3 


- 




- 


- 




6 






_ 








71? 


131$ 




•. Machinery - 






5f 


" 


- 




47$ 




144 


- 


- 


- 


124 


80$ 


- _ 




To,.,, - - - 


11,668$ 


5,081$ 


2.981 | 


5,850$ 


2,909$ 


721$! 


795$! 


79$| 


5,290$ 


1,189$ 


10$ 


459$ 


292 


37,335$ 


31,180$ 



J. F, Mason, Accountant! 
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SCHEDULE (C.) 



RETURN showing the Amount of Traffic passing to and from the River Shannon, through the Grand and Royal 
Canals, from ist January to 31st December 1841. 




From River Shannon to Canals. 



Grand 

Canal. 



Royal 

Canal. 



Total. 



Slates - - - - - 

Tiles and bricks - 
Coal - 

Iron not made into articles of merchandise 

Timber of all kinds - 

Hay and straw - 

Ores and minerals - 

Salt 

Foreign or manufactured marble 
Manure 

Lime for building .... 
Building stone and flags ... 
Sand and gravel .... 

Turf 

Grain ...... 

Flour, meal, malt, and starch 
Butter 

Black cattle and horses ... 
Sheep ...... 

Pigs 

Salted provisions .... 
Potatoes and other vegetables - 
Groceries ..... 
Wine and spirits .... 
Porter, beer, and ale - 
Bale-goods, hardware, and general merchan 
dise. 

Military baggage .... 
Machinery ..... 
Tobacco ...... 



Totals 



i, 9 2 4 £ 



Comparative Return of Traffic passing' 
to and from the River Shannon 
through the Grand and Royal Ca- 
nals 



From Canals to River Shannon. 


Grand 

Canal. 


Royal 

Canal. 


Total. 


Tons. 


Tons. 


Tons. 


57 l 


150 


207 1 


54' l 


7 


54 *U 


1 , 6.53 




2,008 k 


266 £ 




516 


1,618 


387 


2,005 




6 


6 


7 


18 


25 


243 


20 


263 


39 h 




39 h 


3'5 


4i 


356 


5°( 


- 


50 1 


7 


- 


7 


76 k 


- 


76 § 


21 1 


20 


231 


50 i 


- 


50 i 


9 i 




9 i 


7 f 


- 


7 i 


3.7 i 




'74 


260 1 


79 


339 f 




1 10 1 


llOf 


h 




h 


7,377 i 


307 


7,684 } 


50 1 


50 i 


- 


390 




390 


13,250 h 


i, 74 i 


14,991 h 


12,877} 


1,3891 


14,266 j 


13,250 l 


i, 74 i 


14,991 h 



J. F. Mason, Accountant. 



SCHEDULE (D.) 

RETURN showing the Tonnage of the Imports and Exports at Kilmsh Pier , from 1st April to 
31st December 1841.— (Nine Months.) 



Slates 

Tiles and bricks ..... 

Coal ....... 

Iron not made into articles of merchandise 
Timber of all kinds .... 

Hay and straw ..... 

Ores and minerals .... 

Salt - - ...... - 

Marble, foreign or manufactured - 



Landed. 


Loaded. 


j Total. 


Tons. 


Tons. 


Tons. 


96 


- 


96 


n»i 


§ 


119 


727 | 


60 4 


788 i 


438 4 


128 1 


566 f 


385 i 


110 1 


495 4 


543 % 


187 s 


730 f 
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ARTICLES. 


Landed. 1 


Loaded. 


Total. 




Tons. 


Tons. 


Tons. 


Manure 


— 


— 


— 


Lime for building - 


40 


- - 


40 


Building stone and flags - - - 


190 


20 


210 


Sand and gravel ------ 


305 




305 


Turf 


12 


534 


546 


Grain -------- 


156 h 


3,5 21 


3,677 £ 


Flour, meal, malt, and starch - 


1,162 1 


131 


1,176^ 


Butter ------- 


91 


4431 


452 h 


Black cattle and horses - 


293 


211 J ! 


504 i 


Sheep ------- 


3 


4 I 


7 i 


Pigs 


4i 


420 


461 


Salted provisions ------ 


261 £ 


97 4 


358 | 


Potatoes and other vegetables - 


804 


28 


108 £ 


Groceries ------- 


4 ° 8 J 


1 


409 


Wine and spirits - - - - 


257 


i* 


258 i 


Porter, beer, and ale 


88 J 




88 | 


Bale-goods, hardware, and general merchandise 


S02 4 


622 


1,424 4 


Tobacco ------- 


— 


— 


— 


Military baggage - - 


— 


— 


— 


Machinery ------- 


- 


- 


- 


Totals - - - 


6,419 


6,40.5 


12,824 



J. F. Mason, Accountant. 



SCHEDULE (E.) 



RETURN showing the Number of Passengers that Embarked at the Undermentioned Places 
on the River Shannon, by the City of Dublin Steam Company’s Boats, during the Year 1841, 
from 1st January to 31st December 1841. 



— 


Limerick 

up. 


Killaloe. 


Williams- 


Por- 

tumna. 


Ba- 

nagher. 


Shannon 

Harbour. 


Athlone. 


Totals. 




Number. 


Number. 


Number. 


Number. 


Number. 


Number. 


Number. 


Number. 


January - 


870 i 


114 


23 


82 


13 


112 


33 


5474 


February 


239 


177 


30 


80 £ 


20 


273 4 


46 


866 


March - 


400 § 


260 £ 


58 


162 


44 4 


293 4 


84 


1,303 


April 


6ll £ 


2664 


65 4 


145 


66 


341 


7i 


1,566 4 


May 


537 


339 


77 


I18J 


24 4 


3834 


31 


1,510 4 


June 


533 


301 h 


65 


153 4 


83 


487 


3i 


1,654 


July . 


469 


268 


48 1 


136 


45 


546 


45 


i,557 4 


August - 


450 4 


294 


40 


167 


444 


441 


61 


1,498 


September 


550 1 


322 


67 h 


181 4 


49 


386 


62 


1^.8 j 


October - 


557! 


3124 


804 


190 


45 4 


313 


61 


1,560 


November 


477 


180 


41 


90 


.36 4 


317 


39 


1,180 4 


December 


344 s 


160 § 


43 4 


804 


29 4 


293 


50 


1,001 \ 


Totals - - 


5,440 £ 


2,995 \ 


639 j 


l,586i 


501 


4, 1 86 3 


614 


15,963 h 



J. F. Mason, Accountant. 
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SCHEDULE (F.) 



Showing the Number and Description of the Maps defining the Jurisdiction of the Commis- 
sioners for the Conservancy of the ltiver Shannon, completed December 1841. 



No. 

of Map. 


Extent of River Course comprised on the Map. 


Pages in Minute Book 
describing the Boundaries, ike. 


1 


Map of part of the Shannon and the Canal, from Thomond 
and Baal’s Bridges to Arthur’s Ferry, with plans of 
Boat Piers, (County of the City of Limerick, Counties 
of Limerick and Clare). 


- - 1 to 8 inclusive; also 
13 to 14 inclusive. 


1 A. 


Plan and Section of Corbally Mill-dam and Salmon Weir, 
(County of the City of Limerick and County of Clare). 


See page No. 2. 


2 


Map of part of the Shannon and the Canal, from Arthur’s 
Ferry to Castleconnel and World’s End, (County of the 
City of Limerick, Counties of Limerick and Clare). 


- - 7 to 11 inclusive ; also 
14 to 21 inclusive. 


2 A. 


Plan and Sections of Plassy Mill-dam, (County of the City 
of Limerick and County of Clare.) 


g and 10. 


2 B. 


Plan and Sections of Clareville, or Prospect Mill-dam, 
(County of the City of Limerick and County of Clare). 


9, 10, and 11. 


2 C. 


Plans and Sections of Doonass Salmon-cribs, and of Water 
Park Bleach Mill-dam, (Counties of Limerick and Clare). 


9, 10, 11, and 10. 


3 


Map from World's End to Killaloe, (Counties of Clare, 
Limerick, and Tipperary). 

Map and Sections from Killaloe to Castlelough, and from 
Killaloe to Ringaloughaun Point, (Counties of Tippe- 
rary, Clare, and Galway). 


- 11 & 12; also 21 to 26 inclu- 
sive; also 30 to 32 inclusive. 


4 


26 to 30 ; also 33 and 34. 


4 A. 


Plan and Sections of Derry Harbour, (County of Tippe- 
rary). 


34* 


5 


Map of Lough Derg, with Plans and Sections from Rin- 
galoughaun Point to Ross North, (County of Galway). 


42. 


5 A. 


Plan and Sections of Williamstown Harbour in Lough 
Derg, (County of Galway). 


42. 


6 


Map of Lough Derg, from Castlelough to Curraghmore, 
(County of Tipperary). 


34 to 37 inclusive. 


6 A. 


Plan and Sections of Garrykennedy Harbours in Lough 
Derg, (County of Tipperary). 


34- 


6 b. 


Plan and Sections of Dromineer Harbour in Lough Derg, 
(County of Tipperary). 


35- 


7 


Map of Lough Derg (with Plans and Sections of Har- 
bours), from Curraghmore and Ross North to Portumna 
Bridge, (Counties of Tipperary and Galway). 


- - 37 to 39 inclusive ; also 
42 to 44 inclusive. 


8 


Map ot part of the Shannon, from Portumna to Friar's 
Island, near Meelick, (Counties of Tipperary and Gal- 
way). 

Map of part of the Shannon, from Meelick to Derry- 
holmes, (King’s County and County of Galway). 


- - 39 to 41 inclusive ; also 
j 45- 


9 


- - 45 to 48 inclusive ; also 
51 to 56 inclusive. 


10 


Map ot the Lower Brusna River, from the Shannon to 
New Bridge, (King’s County and County of Tipperary). 


41 and 51. 


11 


Map of part of the Shannon, from Derryholmes to Seven 
Churches, (King’s County, Counties of Galway and 
Roscommon). 


- - 48 to 49 inclusive ; also 
57 to 59 inclusive ; also 70 
to 71. 


12 


Plan of Suck, from Shannon to Poolboy Mill, (Counties 
of Roscommon, Galway, and King’s Countv). 


- - 49 to 50 inclusive; also 
70. 


12 A. 


Plans and Sections of Lismanagh and Kelly’s Grove Eel 
Weirs, (Counties of Roscommon and Galway). 


49 and 50 ; also 70. 


12 B. 


Plan and Sections of Poolboy Mill-dam ‘and Weirs, 
(Counties of Roscommon and Galway). 


49 and 50 ; also 70. 


13 


Plan from Seven Churches to Southern end of Canal at 
Athlone, (King’s County, and Counties of Galway and 
Roscommon). 


- - 58 and 59; also 71 to 
73 inclusive. 


H 


Map of part of the Shannon, and of the Canal at Athlone, 
from the Southern extremity of the Canal to the entrance 
of Lough Ree. 


- - 60 to 65 inclusive; also 
74 to 88 ; also 90 and 91. 


14 A. 


Map of part of the Shannon, and of the Canal at Athlone, 
from the southern to the northern extremity of the 
Canal. 


- - 60 to 65 inclusive ; also 
88 and 89 ; also go and 91. 


15 


Map of that part of Lough Ree which is situate in the 
County of Westmeath, from its southern extremity to 
the county of Longford. 


66 to 69 inclusive. 


16 


Map of part of Lough Ree, from the River Inny to the 
Townland of Portanure. 


129. 


l6 A. 


Map of part of the River Inny, with Sections of Eel Weirs 


tag. 


17 


Map of part of Lough Ree (in the County of Longford), 
from Townland of Portanure to Curreen Point. 


130 to 131. 


17 A. 

7 1 - 


Map of the Boat Harbour and Piers at Cashel 

C 3 


130. 

( continued ) 
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No. 

of Map. 


Extent of River Course comprised on the Map. 


Pages in Minute Book 
describing the Boundaries, &c. 


18 


Map of part of Lough Ree (County of Roscommon), from 
Deadman's Island to St. John’s Bay. 


92 to 93 inclusive. 


19 


Map of part of Lough Ree, from St. John’s Bay to Town- 
land of Cloonescart, (County of Roscommon.) 


95 t0 97 inclusive. 


20 


Map of part of Lough Ree, from Townland of Cloones- 
cart, to Townland of Culliagh, (County of Roscommon.) 

Map of part of Lough Ree and the River Shannon, from 
the Townlands of Culliagh and Curreen, below Lanes- 
borough, to the Camlin River at Lough Forbes, (Coun- 
ties of Roscommon and Longford.) 


98. 


21 


- - 99 to 104 inclusive ; also 
132 to 140 inclusive. 


21 A. 


Plan of Lanesborough Canal and Harbour, (Counties of 
Roscommon and Longford.) 


132 to 134 inclusive. 


21 B. 


Plan of Richmond Distillery, Weirs, Dams, and Water- 
courses at Cloondra, (County of Longford.) 


135 to 138 inclusive. 


21 C. 


Sections of Weirs, Dams, and Watercourses, &c. of Rich- 
mond Distillery at Cloondra, (County of Longford.) 


135 to 138 inclusive. 


22 


Map of part of the Shannon, from Lough Forbes to 
Rooskey (Counties Roscommon, Longford, and Leitrim.) 


- - 104 to 109 inclusive; also 
140 and 141. 


23 


Map of part of the Shannon, from Rooskey to Skeagh, 
and of the Carnadoe Waters, with plans of Eel Weirs 
and Wall, (Counties of Roscommon and Leitrim.) 


- - 110 to 1 12 inclusive; also 
142 and 143. 


23 A. 


Plans and Sections of Boat Piers and Harbour at Derrv- 
carne and Derrymacstur, (Counties of Leitrim and Ros- 
common.) 


110 to 111. 


24 


Map of part of the Shannon, from Skeagh to Carrick-on- 
Shannon and the Jamestown Canal, (Counties of Ros- 
common and Leitrim.) 


- - 112 to 115 inclusive; also 
143 to 146. 


2 5 


Map of part of the Shannon, (from Carrick-on-Shannon to 
Cuilbalkeen) of the Boyle Water to Cootehall Bridge, 
and of part of the Lough Allen Canal, (Counties of 
Roscommon and Leitrim.) 


- - 116 to 117 ; also 122 to 
125; also .146 to 150 in- 
clusive. 


26 


Map of the Boyle Water and Lough Key, from Cootehall 
Bridge to the Boat-house Ford, (County of Ros- 
common.) 


117 to 122 inclusive. 


26 a. 


Plans and elevations of Boat Piers in Rockingham De- 
mesne and Island in. Lough Key, (County of Ros- 
common.) 


119 to 122 inclusive. 


27 


Map of the Shannon and Lough Allen, from Lough-na- 
Galliagh to Ouen-an-Aughnia, with Plans and Sections 
of Boat-Quays in Lough Allen, (Counties of Roscom- 
mon and Leitrim.) 


- - 125 to 128 inclusive; also 
150 to 153 inclusive. 



E. Hornsby, Secretary. 



SCHEDULE (G.) 

TABLE showing the Average Number of Persons employed on the several Works, with the 
Periods of Employment, during the Year 1841. 



Name of Wore. 



Kilrush 
Kitteery - 
Kildysart - 
Illaanaroon 
Plassey 
Killaloe 
Meelick - 
Banagher - 
Athlone 
Lecarrow - 
Upper Shannon 



r™„„. 


Number 
of Working 
Days. 


Average Number 
of Persons 
employed daily. 


From July - 12 to Dec. 31 - 






- June - 7 to ditto - 


179 


6l 


Sept. 1 to ditto - 






- May - 31 to Nov. 7 - 


138 




- May - 3 to Dec. 31 - 






- March 1 to ditto - 


283 




Ditto to ditto - 






- Ditto to ditto - 






- Jan. - 1 to ditto - 




8.3 


- Oct. - 25 to ditto - 






- Jan. - 1 to ditto - 


313 





Equivalent 
Number 
of Days’ Work. 



4.704 

10,847 

3.067 

13,771 

2,461 

48,214 

55,559 

48,530 

26,207 

546 

4,227 



218,133 



E. Hornsby , Secretary. 
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Total Number 
of Days 
worked by 
Men employed 
on Dredging 



Number of 
Days 

Dredging 



Total Number 

(exclusive of 
Sundays). 



Number 



Name of Works 
n which Employed. 



OBSERVATIONS. 



Cubic Yards 
Dredged. 



'Leahinch 
Garrymore 
Bishop’s Island, and 
. Banagher 

'Banagher 
Leahinch 
Garrymore, and 
. Bishop’s Island 



Victoria 



- - Delayed 8 J days by 
stormy weather. 

Material dredged : gravel, 
clay, boulder-stones. 

- - Delayed 14 days by 
stormy weather. 



Albert 



Total of both Dredgers 



WORKS. 



Ashler. 



\Cube Yards. 



Kilrush 

Kilteery 

Kildysart 

Plassey 

Killaloe 

Meelick 

Banagher 

Athlone - 



WORKS. 






Barrels. 



Cube Yards. 



Kilrush. 

Kilteery. 

Kildysart. 

Plassey. 

Killaloe. 

Meelick. 

Banagher. 

Athlone. 



IMPROVING THE NAVIGATION OF THE SHANNON. 
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RETURN of the Work performed by the Victoria and Albert Dredgers, from 1st March to 31st December 1841. 



SCHEDULE (I.) 



TABLE showing the Quantities of Materials delivered on the Works during the Year. 



SCHEDULE (H.) 



E. Hornsby, Secretary. 



E. Hornsby, Secretary. 





Under 4 oz. 








G 



Printed image digitised by the University of Southampton Library Digitisation Unit 



SHANNON NAVIGATION. 




